PSL FZE > TPP Sloss 





Ref No: PSL/FZE/FET/3LPE-I/2019/840 23" October, 2019 


FANATECH Engineering &Trading L.L.C. 
Arenco Building #4, 2" Floor, Office#212, 
P.O. Box: 128237, Dubai, 

United Arab Emirates 


Kind Attn: Mr. Shamsudheen.M 
Dear Sir, 
Sub: Offer for External 3LPE & Internal Solvent Free Liquid Epoxy Coating. 


We are pleased to submit our Firm Offer under the following section, based on performing 
the coating work at our Hamriyah Plant. 


1.0 Scope of Work. 
2.0 Price Schedule. 
3.0 Basis of Price. 
4.0 Payment Terms. 
5.0 Work Schedule. 
6.0 Validity 

1.0 Scope of Work: 


The following Scope of work represents our understanding of your Project 
requirements & as such forms basis of our quotation. 


1.1 All Pipes shall be External 3LPE coated as per DIN 30670 and Internal Solvent Free 
Liquid Epoxy coating with 400 Microns thickness. 


1.2 Load-Out: 
Our prices are FOT (Freeloading On your Trailer) basis. 
2.0 Price Schedule : 


As per attached Annexure -1 
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5.0 


6.0 
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Basis of Price : 
Our offer is based on following considerations: 
Unit prices are based on total bare pipe steel length inclusive of cut backs at both 
ends. 
The pipes shall be supplied free of mill applied oils, grease, lacquer, mill scale, pits, 
slivers or any other substances or rolling faults that may impede the blast cleaning 
operation & resultant coating operation. 
Length of each pipe shall be minimum 10.5 Mtrs. to maximum 12.5 Mtrs. 
PQT/Long duration tests are not included in our offer. If PQT required, an additional 
cost of USD 5,000 shall be charged for each PQT. 
If coating scope is less than 5000 Mtrs. PQT/ Long duration test shall not performed. 
In addition to PO quantity, the Party (FANATECH) has to provide lead/push pipes 
(min. 3 pipes in each pipe size). 
Prices of PSL shall be on net basis. All Taxes & Duties including Import Duties on 
Bare Line Pipes and Coated Pipes applicable Customs Duty and VAT shall be paid & 
borne by FANATECH 

Our prices are valid for quantity variation of plus 10 percent & minus 5 percent. 


Payment Terms : 
- 30% advance shall be paid along with your Purchase Order. 
- Balance 70% amounts shall be paid before taking delivery of coated pipes. 


Work Schedule : 
Mutually agreed and as per your Project schedule. 


Validity : 


Our offer shall remain valid for your acceptance for a period of 30 days and on our 
written confirmation thereafter. 


Best Regards, 





=> 


PRICE FOR EXTERNAL 3LPE COATING & INTERNAL SOLVENT FREE LIQUID EPOXY 
COATING OF FREE SUPPLIED BARE LINE PIPES 


Annexure -1 


Name of the Client: FANATECH ENGINEERING & TRADING L.L.C 


Price : FOT Hamriyah Free Zone Plant and Excluding duties & taxes if any. 
Free issued ; Unit Price 
x Quantity 
Bare Pipe (Mtrs.) per Mtr. 
size . (AED) 


Pipe Size 
(Dia) 


Internal coating: Solvent 10.5 Mtrs to 


Free Epoxy according to 4 eae 7O 12.50 Mtrs 


66.00 31,680.00 
AWWA C-210 length 


TOTAL: (AED NINETY THOUSAND TWO HUNDRED FORTY ONLY) 90,240.00 


10" 10.5 Mtrs to 
(273.1mm) 12.50 Mtrs 480 122.00 58,560.00 
` length 








